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It has been suggested by the Comptroller that the rental should 
be borne by the users. Since no one component will be using the 
machine to any great extent for 6 to 8 months after installation, 
and since DD/R will always have first priority, it is suggested 
that DD/R bear one half the cost, the remaining divided 2/3 DD/l, 
1/6 DE/S and 1/6 DD/P. At the end of F/Y 64, these costs could 
be redistributed on the basis of actual program time. 
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